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ANALYSIS OF ENVIRONMENTAL IMPACT RESULTING FROM THE CONSTRUCTION OF A 


_. FADBRAL OFFICE BUILDING 
es 
DOVER, STATE CAPITAL DELAWARE 
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1. Intreluction 

Subject of onalysis is a two story 19,525 square foot public offices building 
With parking spaces for 33 autemobiles. he project is to be lecated be- 
tyeon South Queen and South New Streets north of Rank Lane, Dover, Kent 
county in Pelavare. The lot ccatains 98,600 square feet and said property 
is properly zoned for proposed project with no zoning conflicts cvident. 


2. Backeround . : 


The General Services Administration has nevotiated a professional services 
contract for the desim of a new federal office building in the city of 
Dover ;noted in news release GSA-67-64 as dated Dec, 15, 1066. Said sub- 
ject project consists of land ccnuisiticn, demolition and the construction 
of anew two story federal offics building. Concurrence for proceeding 
with project has been made to the General Services Acsinistratica by the 
city council and mayor's office of the city of Dover, in letter dated 
march 19, 1970. Anproval for water and sewer connections to city system 
was received Decenser 21, 1970 fron the Lnviremeental Protection Agency 
(E. P. Aw). Based uson recowrendations of tho clty council, General 
Services Aininistration, and the meyor's office, three potential sites 
were Consiuered. ‘Ths proposed location between South Gucen and South 

: ‘New Streets, north of Dank Lane lins been coltisidered as the first choice. 
A sito cn the east side of Wast Straot (R, Rk &.), botween the southerly 
Side of Bank Lane and the northerly side of Water Strect as the second 
choice, the third and final choice is jocated at north street on the north, ° 
State Street on the east and bank Lane on the South, . 


General Services Adninistration has acquired the site located between 

South Queen and South New Strosts, north of Bank Lane and proccaccd to 
deaolisn existing structures thoercon. The services o7 W. Ellis Pros ton 

of Wihaington, Dalaware have been enyaged by the Gensral Services 
Adninistration for the construction docarents or proposed project and 

said doaruents are coyplete. A construction contract is thereby anticipated, 


oo. 
+ 


3. Description of Pronosed Action . ~ 
» oe escraption of Proposed Action 


- The proposed project is planned for housing several federal activities 


(12 in all) which presently are senttored throughout different areas of 
the city into one modern airconditioned office building, which would be 
centrally located. Proposed action will accomplish throe main cojoctives. 
They are: (1) Facilitate various agencies contact with the public as a 
result of being centrally located. (2) Save the federal govermmont an 
annual cost of approximately $37,652 in rent which is presently payed out 
for leasing differont buildings throughout the city. (3) Exchange the old 
post offico property for said proporty which the city would like to obtain. 
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The subject site is located bogreen South Cucen and Gouth New Streets, 
north of Bank Loao, Dover, Padevare., Architectual tia for the project 
is Wi Sllis eee of is ston, Dolavare. The location plan for the 


project can be D Ag ix "AT aud the proposed site plan can be 


tt! 


found in Appendix "3 ; 


4. Lovironwental Leoact 

ht has been determined that the promo eee 

ity OF ywibhiec services and accomlist 

ion OF tho various public service agencies 


ino metrosolitan area dato one convenient 
a 
a 


After careful evaluation, 
action will Lasrove avadiie 
approved land us2 oy CONSE 
presently disperscd thronesug 
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ssibility of service, (rote areca 
is accessible to commerce cmd teeta), and as a con sequence havea a desirable 
ampact to the area envirensont., Resulting beneficial effect in part would 
be browht about by virtue o7 eliaincting unnecessai ry congestion resulting 
froa adcitional travel, No Sinai ficent dcpact on air, water or noise 


25 been designed to comply with local 
paces wore increased by 44 
etl 


polluiion is saticipat 
code requirements, “The mecsor of 
awove tho anount recuired in the ject “Dire ve to overcous c>jections 
raise by the City Plamer cn Geto Bes 5 ond 23, 1967. Traffic will b 

: ented and disrersed from inres major streets and should not create a0) 
traffic problea, 
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6. Alternatives to the Pronaszed nl Action. 
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A. Alternate Buildin: Location on Proposed Site, 

by the architect uses the site to its 
buildin: locations on site have proved 
jected . in’ favor of preposed location. 
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. The preposed project as destens 
highest and best use. Altern 
to be less desirable, and + 


; : B. Alternate Site Selection. | 


Second choice site, is lecated on the cast Side of West Street (Railroad 
Ave.), between the southerly side of coe me ae the Northerly side 


of Water Street and coaprizes 490,000 square feet. Area wise, the area 
is wore than sutficleat fox the oo building and lot, however it is 
not dcosirable for the fol Livia reasons; It fronts Mest Street waich is re 


parallel and adjacent to the railroad tracts. It is completely out of 
the business di strict and ows biock further from the main street than 
the other two sites. The nei gaborhood cnvironment is poor because of the 
; condition and character oF aujacent dixprovements. 
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A third choice site location at North Street on the north, State Streot 

on the cast and Bank Lane on the south was analyzed. Althoush the site 
selection roport did not state anytning undesirshle about the accessibility, 
neishborhood ete, it did imlicate that the site is too small for the 
purposes intended. It furihor made ication of the fact that the property 
was withdram by the city of Dover as being too expensive, 
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7. Long Term Evatuation, 


‘The proposed project is consistent with good short-term use and the main= 
tenaice and enhnancenent of long-terna productivity. Project is desisnod 
to stand for a series of generations for the purpose of housing a public 
service facility. ; a 

8. Irreversible and Irretricvable Coxnitment of Resources. 

hea erteathieeinetiatateime in tane ret Setanta dl Ae NR eB Ot See eset cnt niko 

No irreversible or irretricvable coxnituent of the resources is evident. 
The proposed project would not Significantly alter existing land use and 
would provide a critically needed service for the public. 
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